25X1A 


25X1 A 
25X1 A 


Approve<t£gr Release 2003/0^^^ A-RDP61 -0076 3A00020002001 3-7 


DPD-4784-59 
13 #tOy 1959 

MEMORANDUM FOR* Cccsptroller, OPD 

THROUGH * Special Assistant for Technical Analysis 

SUBJECT 


Contract So, 
Contract Completion 


1* Contract Bo. | I with the subloot Contractor covered 

the procwmffient of studies, tests and analysis of various types 
of high moduli glass fibers and their possible application to 
structural purposes in areas of interest to the Project. 

„ 2 * 0ri ^ naU J r » **>• Contract was written on a Task Basis and 
the Contractor was authorised by the Contracting Officer to study 
certain areas. Such authorisation was in the form of a contract 

approval setting forth the statement of work and the dollar amoun t 
authorised* 

3. Subsequently , however , it developed that the work was 
*”* ?V development nature with mors emphasis on 

actual test and experiments with material than analysis or 
th^retical studies of materials. In view of this, the parties 
samially agreed to convert the contract to a Cost Reimbursement 
Type with Contractor receiving actual costs and no fee, 

, th f® contract was completed on 31 May 1959 

and all wrk after that uate was to be tmd^Cortract So.r 3 * — — I 

Contractor has submitted periodic reports under the contract 

indicating pie areas of study and testa he has made. Copies of all 
the^ reprtsteye been submitted to the Special Assistant for 

Ix V Vi ! W ***• abov *> and if the Special Assis- 
tant concurs, that the Contractor has satisfactorily completed the 
terms of the contract from a technical standpoint, request hie 
concur rence be indicated as provided below. In addition, if you 

STS , i l, th8 *S ntrM .“ r ' a Are 

SSLffHStSP-* 7011 “ loat * *— • 

e 5 ** regard to dose out and final payment of the contract 
^ Contractor has submitted the required Patents and RpydtT 
Statements, the Assignment of debates, Refunds, Credits and other 

Fiml B#1 ® aa « *“**« been executed. All of 
!?2 ST* 5^ h 5* t ?\ 110 G?T was f*™l***d to the Contract 

efS 7 itm of x res j- d Y al inven tory will be transferred as OFF 
to fol IOVM3!t C0nt|*&0 1 } ^ ” ****— A — u a — « _ . - - 


[ftp _ _ 

„ , • . — 7 - w -**#i The Auditor has examined the 

coats incur red under the Contrast and recommends acceptance of 

_Jaa a final actual cost. A copy of the Audit Report #530 


Is attact 
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6* In vim of ths foregoing and subject to the concurrence 
requested below, it is recommended that final payment of attached 
Invoice be made and the contract dosed out* Hease advise when 
such payment is made* 


25X1 A 

Contracting Officer, BPD 


COKCCRBSHCE IS PARAGRAPH 
4, ABOVE, CHARTED* 
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pecial Assistant for Technical Analysis 
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